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[DOLIARS TO 25X1 A 


TSE REFERENCE AUTHORIZED ITEK TO INCUR COSTS UP T 
INITIATE WORK ON FABRICATION AND DELIVERY TO THE GOVERNMENT CF FIVE ADDITIONAL 
IABYARD CAMERA SUBSYSTEMS. THAT LIMITATION IS HERESY INCREASED 


PENDING FORMALIZATION OF IEEE NEW CONTRACT THE WORK SHALL BE IN ACCORDANCE WITH 
WORK STATEMENT AND SPECIFICATION COVERED BY ITEK'S 9045 PROPOSAL, WITH SUCH 
MODIFICATIONS THERETO AS THE GOVERNMENT MAY REQUIRE, AND WITH THE FURTHER REQUIRE- 
MENT THAT NO COSTS SHALL BE INCURRED IN CONNECTION WITH IMPROVED TARGET DRIVES 
OR SPECIAL INSTALLATIONS EXCEPT CIEAN ROOM MODIFICATIONS AGREED TO IN NEGOTIATIONS 
ON 12 JUL 63 . ALL OF TEE SECURITY REQUIREMENTS AND THE TERMINATION CLAUSE OF 
CONTRACT BT-1943 ARE HERESY INCORPORATED BY REFERENCE IN THIS NOTICE TO PROCEED. 
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ROUTINE 


25X1 A 


17 JUL 63 



TO INITIATE WORK ON FABRICATION AND DELIVERY TO THE GOVERNMENT OF FIVE 


2 5X1 A ADDITIONAL LANYARD CAMERA SUBSYSTEMS. THAT LIMITATION IS HEREBY INCREASED 

PENDING FORMALIZATION OF THE NEW CONTRACT THE WORK SHALL 
BE IN ACCORDANCE WITH WORK STATEMENT AND SPECIFICATION COVERED BY ITEK’S 
902+5 PROPOSAL, WITH SUCH MODIFICATIONS THERETO AS THE GOVERNMENT MAY 
REQUIRE, AND WITH THE FURTHER REQUIREMENT THAT PENDING AGREEMENT ON ITEK'S 
PROPOSAL NO COSTS SHALL BE INCURRED IN CONNECTION WITH THERMAL STUDIES, 
IMPROVED TARGET DRIVES OR SPECIAL INSTALLATIONS. ALL OF THE SECURITY 
REQUIREMENTS AND THE TERMINATION CLAUSE OF CONTRACT BT-I 9 A 3 ARE HEREBY 
INCORPORATED BY REFERENCE IN THIS NOTICE TO PROCEED. 
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